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16 June 1972 


19 June 1972 
14 July 1972 


17 July 1972 


P86-0Q24 4Ro003000100b24eY 72 
BPS/OL 


Preliminary Master Plan Schedule 


Complete all preliminary master plan drawings 
and draft environmental impact description 
(ready for internal review at this point) 


Start internal review 
End internal review 
Make minor corrections and adjustments to 


drawings and draft environmental impact descrip- 
tion 


NOTE: If any major changes are brought about during the review stage, 
the 26 July submission date would have to be advanced at least 
one month. 


26 July 1972 


9 August 1972 


* 6 September 1972 


** 7 September 1972 


Submit preliminary master plan and draft environ- 
mental description to NCPC (6 weeks prior to 
6 Sept 1972) 


Submit garage drawings to NCPC (4 weeks prior 
to 6 Sept 1972) 


Preliminary master plan presentation 
garage presentation 

concurrent presentation 

(Committee - Executive Session) 


Preliminary master plan presentation 
garage presentation 

concurrent presentation 
(Commission - Executive Session) 


* Federal Projects Committee 


** Commission Hearing 
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MASTER PLAN 
CHARTS, MAPS & DATA 


Agency Submission 


Existing Land Use Plan 
(includes acreage) 


Existing Site Development Plan 
(includes topography) 
(no personnel count) 


Existing Circulation Plan 
(pedestrian & vehicular) 
(no parking count) 


Existing Landscape Plan 


Proposed Land Use Plan 
(includes acreage) 


Proposed Site Development Plan 
(includes topography) 

(no personnel count) 

Proposed Circulation Plan 
(pedestrian & vehicular) 

(no parking count) 


Proposed Landscape Plan 


Site Cross Sections 
(two of proposed development) 


Aerial Orientation Photograph 


Draft Environmental Impact 
Description 


NCPC Requirement (minimum) 


Existing Land Use Plan 
(includes acreage) 


Existing Site Development Plan 
(includes topography) 
(personnel count) 


Existing Circulation Plan 
(pedestrian & vehicular) 
(parking count) 


Existing Landscape Plan 


Proposed Land Use Plan 
(includes acreage) 


Proposed Site Development Plan 
(includes topography) 
(personnel count) 

Proposed Circulation Plan 
(pedestrian & vehicular) 
(parking count) 


Proposed Landscape Plan 


Site Cross Sections 


(two or more of proposed development) 


*** Aerial Orientation Photograph 


Draft Environmental Impact Statement 
or 
Draft Environmental Impact Description 


Underscore - denotes a departure from a minimum NCPC requirement. 


*** Not to be included in basic drawing/data package - presentation purposes only. 
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